Approved For Release 2002/06/13 : CIA-RDP81B00878R00 


ball 


)600010036-1 25X1A 
he 


31 March 1959 


SUBJECT: Change Proposal LAC-8, Rework Drag Chute 
Hook Mechanism 


TO: Contracting Officer 


Change Proposal LAC-8 recommends a rework to the drag chute 
hook to improve the reliability and add a warning flag to indicate 
whether the catch is locked or unlocked. 

FOG has reviewed this proposal and approves it for incorpor- 
ation. Request you issue either joint approval if you concur or 
forward our approval to the contractor in the event you do not 


concur. 
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